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BILL NO. S-76-05-^-^ 


SPECIAL ORDINANCE NO. S- //^-^ 

AN ORDINANCE approving Change Order 
No. 2 in connection with Neighborhood 
Improvement Project Resolution 5693-1975 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY 
OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 2 to L. W. Dailey, Inc. 
in connection with Neighborhood Improvement Project Resolution 
5693-1975 in the amount of $2,688.30, as set out in the 
specifications, is hereby in all things ratified, confirmed 
and approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 

Councilman 


APPROVED AS TO FORM 
ANDLEGAUT' 








'Read the first time in full and no motion by Q 




5^ 


seconded by 


and duly adopted: read the second time by title and referred 

to the Committee on _ \ . (and~t-he“-6-i'ty~P'l an 

Comniiss^ion for FeicbwferfdTn’^^ and PuFTic Hearino to 6^h~eia±~afF&r-^djJe_^^ e aa l notice^ 
at the Counr-i I'TFFTibe^iFTTTtv-Ccuintv BuiTdTnaTToFtFii^^ - , 

-— - . 


the 


-ygr- 


at 


Date: 


-.ST 7^ 




ClTTTLtRF" 


Read the third time in full and on motion by_ 

seconded by _j and duly adonted, placed on its pas^aae. 

Passed by the follov/ino vote: 


TOTAL VOTES 

AYES 

r 

NAYS 

0 

BURNS 



HINGA ■ 

_X — 

HUNTER 



MOSES 

± 

— 

NUCKOLS 


_ 

SCHMIDT, 0. 

JL _ 

SCHMIDT, V. 

^ _ 

STIER 



TALARICO 



‘ DATE: 




ABSENT 


TO-HIT 


/I 


CITY CLERK. ' / 


Passed and adopted by the Common Council of the City of Foft'Hayne, Indiana, 
as (ZofH-n^-4te7T)~~ fGene rarTf—^^ (Special) (Appt^now^a-trTon) Ordinance 

(Re^oTtrttorr) No. _on th e d ay 197 



(SEAL) 




~wrcLbRF 


K^Pr’Ispn^ted bv''jme''td the Mayo: 

day 


IT 


IDING OFFICER 

r of the Citv of Fort Havne. ■ Indiana-,' on'^-thei d^-^^ 
97 p , at the hour of /F ‘ clock 




AoDroved and sianed by me this 
at the hour of OO o'clock 












































































Bill No, 


S-76-05-35 


REPORT OF THE COMIITTEE ON PUBLIC WORKS 

Wej your Committee on Public Worlcs _ to whom was referred an Ordinance 

approving Change Order No. 2 in connection with Neighborhood Improvement 

Project Resolution 5693-1975' 


have had said Ordinance under consideration and beg leave to report back to the Common 


































CHANGE ORDER 




Change Order No. 2 _ Resolution No. ^^93“1975 

Project No. 10,262 Board Order No. 1^-?P ' 

Name of Project Stardale Drive N.P.I. ___ Date 5/5/7^ 

To: L. W. Dailey, Inc. _ 

(Contractor) 

Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans and 
specifications: • . 


Item 

No. 

Quantity 

Description of Change 

Unit Price 

Change in Contract Price 

Material 

Decrease 

Increase 

1 

174 S.Y. 

Pavement Removal 

3.75 


652.50 

2 

174 S.Y. 

Pavement, Concrete, Plain 

11.70 


2,035.80 

















= Toxal Decrease 

Total Increase 

Net (©ecxease) (Increase) Contract Price 




2,688.30 


2,688.30 


The sum of $2,688.30 _ is hereby (added to) (xi^chJrtHth-frunr) the total contract 

price, and the final contract price shall be adjusted as follows: 


Original Contract Price $ 1^95350-10 
Current Contract Price Adjusted by Previous Change Order $ 171,5^1>32 
New Contract Price Including this Change Order $ 174,229.62 


The time provided for completion in the contract for this project is (unchanged) (iTtCTea^ed-) 

(4eer©ased) by_ 0 calendar days due to this Change Order. The date for completion 

of all work shall be _ the same Furthermore, this document shall become an 

amendment to the contract and allprovisions of the contract shall apply hereto. 

Recommended by: 7 \ --I--.. Engineer) Date & 


Accepted by:• 
Approved by: 
Approved by 




Attested by: 



ontractor) Date to jy 


ity Engineer) Date .^ 




(Owner) Date 


S//0 /rI 
















































Change Order Mo. 2 

Resolution No. ?693-197$ 

Board Order No. 


REQUEST AND JUSTIFICATION FOR CHAM3E 


1- Necessity for change: The.replacement of an additional 98 li neal feet of pavement is 
required to properly repair the entrance to Sundale Drive from Hessen Cassel Road. 


2. Will proposed change alter size of the project? Yes __ No _x_ 

If yes, explain: ____ 


3. Affect on operation and maintenance cost of this project: The operation and 
maintenance cost of this project -will remain the same. However, operation and 
maintenance cost of Sundale Drive will be reduced. 



Engineer 






























DIGEST SHEET 




TITLE OF ORDINANCE Special Ordinance - Change Order No. 2 - Stardale NPI Project 


DEPARTMENT REQUESTING ORDINANCE BOARD OF PUBLIC WORKS 


SYNOPSIS OF ORDINANCE Change Order No. 2 of L. W. Dailey, Inc-. In amount of 
$2,688.30 provides for replacement of additional 58 lineal feet of pavement 

to provide acceptable entrance to Sundale Drive from Hessen Cassel Road 


EFFECT OF PASSAGE Eliminate maintenance cost at the Intersection pnfranpp f-rnm 
Hessen Cassel to Sundale.■ 




EFFECT OF NON-PASSAGE 

Failure to complete paving of Sundale In moat aati afar-tnny 

manner. 



MONEY INVOLVED (Direct Costs, Expenditures, Savings) Increases project cost 

$2,688.30. Project Is to be paid approximately 60% by City - 40% by property own ers, 

with maximum to property owners of $21.00 per lineal foot. 

ASSIGNED TO COMMITTEE 






























